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Amentent No. 5 


FEB 17 1959 


Kasten Kodak Company 
Rechester, New York 


Gent Leman: 


1. This document constitutes Amendment No. § to Contract No. INC-143 
between Eastyumn Kodak Company and the United States of Amertes. 


2. Ta aceordance with the clause of this contract entitled “CHANGES” 
and mutual agreement between the parties hereta, the contract te further 
amended in certain particulars as follows: 


a. The following additional work is added to SECTION A - CONTRACT 
WORK, in the contract schedule: 


Incorporate into each of the seven (7) Camera Processors 
being fabricated hereunder the modifications and additions1 
features set forth in the Contractor's proposal of 17 Hovember 
1958, for improving the capabilities of the equipment. 


. Favagrall . nd 
Paragraphs are substituted ‘tusiefor: 


1. The estimated cost of the porformance of this 
coutract, exclusive of the fixed-fee, ia THO HUNDRED 
TUENRTY-FOUR THOUSAND FIVE HUNDRED TWENTY-NINE DOLLARS 
($224,529). 


2. The fixed-fee for performance of thia contract 
25X1A is 


ec. In SECTION B - PERTOD OF PERFORMANCE, of the contract schedule 
as amended by Amendment No. 4, the date “31 January 19599" ts changed to 30 
June 1959. 


O5X1A 3. By reason of the foregoing the estimted total contract price is 
increased by 
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k. ALL other terms, conditions and requirments of Contract No. Dic-143, 
aa amented, remin unchanged. 


your files. 


Yery truly yours, 
25X1A 


Contracting Officer 


25X1A 


Vice-President and 


TITLE General Manager, A & O Division 


DATE March 3, 1959 


at 
f 
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